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BILL NO. S-82-11- /$ 


SPECIAL ORDINANCE NO. 




AN ORDINANCE approving Change Order 
No. 1, Resolution No. 357-82, Berry 
and Begue Streets, in connection 
with the Board of Public Works. 


BE IT ORDAINED BY THE COMMON COUNCIL OF THE CITY OF 
FORT WAYNE, INDIANA: 

SECTION 1. That Change Order No. 1, Resolution No. 

357-82, Berry and Begue Streets, with T-G Excavating, Inc., in 

connection with the Board of Public Works, for: 

the mechanical removal by hydropneumatic 
cleaning of granular material in sewer, 
as detailed in Federal Emergency Management 
Agency Damage Survey Report No. 048151; 


involving a net increase in the amount of Forty-Two Thousand 
Forty-Six and 20/100 Dollars ($42,046.20), all as more partic¬ 
ularly set forth in the specifications, and which is on file 
in the Office of the Board of Public Works, and is by reference 
incorporated herein, made a part hereof, and is hereby in all 
things ratified, confirmed and approved. 

SECTION 2. That this Ordinance shall be in full force 
and effect from and after its passage and any and all necessary 



Bruce 0. Boxberger, City Attorney 









Read the fdjfzst time in full and on motion by__ 

seconded by , and duly^jadopted ,, read the second time 




by title and referred to the Committee 


ly^adopted , y read the 
ublic'Hearing to be 


_(and the City 


Plan Commission for recommendation) and Public'Hearing to be held after 
due legal notice, at the Council Chambers, City-County Building, Fort Wayne, 
Indiana, on ' 



, 19 

at o'clock .M.,E.S.T. 

DATE: 

//-'f- Y 


Read the third .full and 

CHARLES W. WEgTERMAN - CITY! CLERK 

on motion by 

seconded by — 


, and duly adopted, placed on its 

passage. PASSED (LOS??) by the following vote: 

TOTAL VOTES 

AYES NAYS 

ABSTAINED ABSENT TO-WIT: 

BRADBURY 

A. _ 


BURNS 

_ 


ElSBART 

_ 


GiaQUINTA 

£L _ 


SCHMIDT 

JL _ 


SCHOMBURG 

A. _ 


SCRUGGS 

JL. _ 


STIER 

JL. _ 


TALARICO 

JC _ 


DATE: 





CHARLES W. WESTERMAN - CITY CLERK 

Passed and 

Indiana, as (ZOi 

adopted by the Common 

Council of the City of Fort Wayne, 

-(ANNEXATION) (SPECIAL) 


ICAPBROFKISFION) ORDINANCE (RESOLUTION) NO. 

on the 


_day of_ 


19 ryO. 






LES W. WESTEKMAN - CITY CLERK PRESIDING OFFICER 

Presented by me to the Mayor of the City of Fort Wayne, Indiana, 

f'csXj 


ry! ~ 


/yas<£> 


_day of_ 
_o’clock 


_19_ 

•M.,E.S.T. 


at the hour of 


CHARLES W. WESTERMAN - CITY CLERK 

Approved and signed by me this ^q-4jK d ay of _ 

19 , at the hour of__o'clock j\ .M.,E.S.T. 


WIN MOSES, JR. 


MAYOR 














































































BILL NO. 


S-82-11-13 


REPORT OF THE COMMITTEE ON CITY UTILITIES 

WE, YOUR COMMITTEE O N City Utilities T O WHOM WAS REFERRED AN 

ORDINANCE approving Change Order No. 1, Resolution No. 357-82, 

Berry and Begue Streets, in connection with the Board.of Public 
: Works 


HAVE HAD SAID ORDINANCE UNDER CONSIDERATION AND BEG LEAVE TO REPORT 





































CHANGE ORDER 

Change Order No. 

Project No. DSR "gU4/>U>U t* Supplemen t #1 (DSR048151) 
Name of Project: Berry @ Begue Streets_ 


yo//j//2- 

Resolution No. 357-1982 
Board Order No . 29-82 
Date;10 September 1982 


Toj_ T-G Excavating, Inc. _ 

(Contractor) 


Gentlemen: 


You are hereby requested to comply with the following changes from the contract plans and 
specifications: 


Item 

No. 


Description of Change 

Unit Price 

Change in Co 
Decrease 

itract Price 
Increase 

Ouantitv 

Description 

1 

53.51± CY 

60" Sewer Cleaning & Hand-Digging 

145.00 


7,758.95 

2 

375.001 LF 

60" Sewer Cleaning & Water Jetting 

87.00 


50,025.00 

3 

575.001 LF 

Bucket Cleaning of 60" Sewer 

27.37 

15,737.75 . 














Total Decrease 

Total Increase 

Net (Beerjess#) (Increase) Contract Price 

15,737.75 



57.783.95 


42,046.20 


The sum of $,_ 4 2 ,046.20 - is hereby (added to) pSMSMaxgMS) the total contract price 

and the final contract price shall be adjusted as follows: 


Original Contract Price 

Current Contract Price Adjusted by Previous Change Order 

New Contract Price including this Change Order $ ~272 95V ’ lo 

$—— i -: 


The time provided for completion in the contract for this project is (unchanged) 

(d.eesgasMkby -calendar days due to this Change Order. The date for completion 

of all work shall he -HA— _ • Furthermore, this document shall become an 

amendment to the contranj/ and all provisions of the contract shall apply hereto. 

f//0 / g 

//W* 

Approved by r ^ 


Attested by 


. py;——^ 


Chief Engineer 

• Contractor 


7^7 /?/? / / > 

City Engineer 



Owner 



- 



Clexk 


$? 2 - 


"v 7 ,, . 

Date_— /o 


/*//$/ 

























































Change Order No. 


Resolution No. 357-82 


Board Order No. ^9 82 


REQUEST AND JUSTIFICATION FOR CHANGE 

1. Necessity for change: 01106 the 60 " brick sewer was expo sed within shaft area of 
subject project, it was evident that the granular material was packed "tight" 
to the top of the 60" brick sewer; thereby, making it impossible to begin "bucket 
cleaning operations." It became necessary to do a minimum amount of hand-diggings 
Further, considering the nature of the material to be removed and the various alter¬ 
natives available, it was determined that the most cost-effective "mechanical" 
method of the removal of hydmpneumatic cleaning as stated within DSR #048151,. which 
is Supplement #1 to DSR #047070. 


Will proposed change alter size of the project? Yes 

If yes, explain 
In cost only 


Affect on operation and maintenance cost of this project: 
Increase the efficiency of maintenance. 













































FEDERAL EMERGENCY.MANAGEMSNT AGENCY 

~ / . DAMAGE SURVEY REPORT . 


3. DECLARATION NO.' 

FEMA ^SZ- 


1. TO b 4 REGION__, £> • FEDERAL EMERGENCY.^ANAGEMENf AGENCY ?k ' • 

- . 'i-'i-et*- . 

5. WORK ACCOMPLISHED BY, 

..’15?CONTRACT ‘ X- - 
{ D FORCE ACCOUNT '. r 

2. APPLICANT (State Agency, County. City, etcj . - . ’ PA NO --T - - 

. fk P !.Oo3-«5teo 

7. WORK CATEGORY rx-App/’csble Box) ^ :• . ! DSR NO. . ... .. 

‘ 5 EMERCENCYr □ A-Q B i-.t} ■;'3Bow ? 5 r.i-.i.yf) / P 1 C'V ** 

kjpermanent;□ c □ d• □ eiXf^o.gxdh':[uiUho i;;p ±77 

6. PERCENTAGE OF^WORK 
... COMPLETED TO DATE ' 

8. DAMAGbU FACILITIES (Location, identification ariddescnptionf ' ..—TV-. 

e>b.PLIHeV T. TO Di>R TffrCjqOO 70 'TO-TO'TOcvTO 

F/CaM <Se«»Y sr , -TO 

; iSLtsj&er^s •- - ■ agg 5 

^Al FACILITY IN OR'AFFECTS 

• .'- FLOOD PLAIN OR WET LANDS 

YssJr.CJ y; ^ 

:. 9. DESCRIPTION of damage;,,- ^ -wTO^-J' - 'V v --J 

. . 6 D"-.Se^eR.;-F/cct?o 7 7 , 

ft ■;. - 

■ :^F~r- - ^**V - ■/*r- , - 

- ----- . -■- ' ■- -;K::“ • 

; C ^GH^VCrtlJC=r ^P^O^Oo.FlE^F *>>&-' ' V&pjS'S 

- *£££* ^ C j£&± tsJ ) Pe^T 

. - 'f®4)^KMK-T1C zj.k/- ~ 0 ^ ~ 1 # 

?’-oq7q\o> 

TO-;7J ; f 'CS , A>.,.c 

QUANTITY 

- (a)‘ - -. 

..unit, 

- '{b) 

<- ' /'matebiaCa^p^ordescription^^ 

K . >; '.‘ »’. v v'.; 

: tUNIj^pricb^o 

id) w- '.7 

”,t55- ; ; .,-COST tfdollars); ' Jii_' - 


.tv: 




^S- 

L.F .. 

ilV.DeaRy^wjiL-nr:"-:- V V. 

Pn.< 

-■- v \J:(LAZL - 





— .- — v' L—/ vy-K» TO - OC ^ 

CjBWE • 

. < 7-9 - 5 - - 


rAlliW 4 

¥£‘1.3*; 

rv's’-S .': . i-g.?-.- V 



-Se^^- CLt^L/i ug, i?Uc terT 

»vr- * 

*&*• •aas-ji'st.Vru^! 

••«-SiwcnoAf-*!^* T5 if^rhyy :«*- 

* — '-•■ 


'- -Fv. ^ : • •.• Vi . : - 


.’*••• ‘i. , ; '^l-.-.^r*.-?..-.- •' r ■••, • 

■ •-' -•' 


~ •-■ ; : r • >•£$<--.-.• '-'• .. 

; 

-9*i. ’ ^’ ^^.V* !j/- r ; - v * 

-■- - 




■ .V- T .^4. . -." 



I: ■ • ■-••■'-.r - •; 

g 1 ‘ ,- 

'■•:.• '.V ^.. 


v *■- 

•■'V- *. ;• .'.. ’g;”S^w''cZ ; '--;Fv^rv- - 7 


-/ ; to-97TO '. 

^ - =• 


• - • * "*>’*; ^ .ivj^ 




■ 

• -V ; tV : X‘;^-y \ s ?. ' 


79 ,-, --x 9 ... 

‘■A . EXISTING INSURANCE (Type) . ^ AMOUNT •-•-••• - • ■-.- 

-TOTAL «a^ 

s 99. /5R.<?C : 

1 Y- n«Ll IN!>PfcO IUH /S/prwfur*, , data) . .. ... 

ELIGIBLE - y 
YES □ NO 

ATTACHMENTS .--»• '•- 

) u i 

14. CONCURRENCE^ REPORT BY STATE INSPECTOR (^gnaturp Age^d^J ~T 

CONCUR 
^1 YES □ NO 

ATTACHMENTS 

■ " *v» 

^9^£2)NCT^RRENCEUjl REPORT^BY.LOCAL REPRESENTATIVE (Signature, Agency, date)'-’- ii 

tirct -• 7-^-yz : 

CONCUR r' 

MYES □ NO 

-ATTACHMENTS .- 

16. FEDERAL REVIEW (Signature, Agency, da?e) - r-C>-'-.^'.’- • •" _ ' FEMA REyiEW (Initialsan 

FEMA Form 90-52. JAN 8l(Formerlv HUD Form 4A4) 

date ). ; ; . -^r -. v 



































































































TPTLE OF ORDINANC E Change Order #1, R es . #357-82, Berry & R Pg „. . 

DEPARTMENT REQUESTING ORDINANCE Board of Public Works 

SYNOPSIS OF ORDNANCE This change order is necessary because It became evident after 
sewer was exposed the grannlor„ aterlal was packed tight to the top of the sewer 

- Cleanl ”S operations were Impossible. Fro- the various alteratives avails! 

-- °‘° St cost - effe “ivs mechanical method of removal Is hydr opneumatio cleaning as 

-- talled ^ Federal E ° er S^y Management Agency Damage Survey Report 0048151. 


T G Excavating Inc. is the contractor.. 

Prior approval obtained on October 19 i 1982; 


EFFECT OF PASSAGE . More effective cleaning of sewer, 


EFFECT OF NON-PASSAGE 


MONEY INVOLVED (DIRECT COSTS, EXPENDITURE, SAVINGS) Increase $42,046.20 

-----— 75% FEMA; 25% City 


ASSIGNED TO COMMITTEE 
























































